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1. Meetings and Contacte: 


| &. On 22 Septenber, Zod Scott and Perkin-Elmer project 
perecone] cet with the DD/P and Mr. Kiefer for the purpose of re- 
viewing Pel camera status. 


ra t. visited Pratt & Whitasy 22696 geptewder 
for the purpose of obtaining a status report on engine and controle 
| problexs in preparation f September oeeting at Hand lton- 
Standard. A copy of raport was sade available to 
25X1A the D/P price to the Reniltou-Standard mecting. 


a. On 20 September an engine/coatrols review meeting 


25X1A o- 08 29 Septeuber, [|e wits 
P& ¥ cuntracting officers for ie purpose of commencing negotiations 


prepered for the DD/P concerning this 


f. On 29 Septenber, after consultation with Perry tt 
Mr. . L. Johnson inticated that P & ¥ ent Lockheed are loctine at’ 
the possidle use of the J-75 engine for OXCART early test flight 
Furposes. On 3 October, 
the J-75/107 with « -17 efterburner, 
thrust wlth water, will fit nf inte the A-12 nacelle 
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& Se oe imate 
Supersonic cv reneyort Project Orfi Vietted Lockheed. This 
& first vielt to Lockhee? for eau . ae 


- ee » Vinited cee peop a cat This 
orientation field trip. He will 

rangptciag- eed pehinor coli ; 

ae and airfrane related systems wattacs 


1. vist 
te tP& U, Weat 
Pals Beach, &' 
proses airy, the latter 
tation triefing on engine matters. a firine tae letter an orien 
follow-up fetaiied Troa F 4 8 Remilton-Standerd person- 
mel on controle problem areas, = . 


de received @ status report from P & ¥ 
55 on 
October ig - running at Weet Pale Beech for the 


@) iventy«two boura 5-20 sagine tine aecum~ 
dated, including 8 hours afterburner tine and 2 hears 
heated. inlet time. Engines Soe. 112, 1224 and 117 were 
operating intermittently during this poriat. 


ite gle pbensel notified 
par phos gested 11g ane run on 3 October 
that hours tine been accumilated., engine still 
running at the tise of the 7 & ¥ report. as saad 


1. Am MoE report on the A-12 and 
Problem was received by Project meeteucied. “cae sea 
unde available to the DD/P unter separate cover. inacvhile, 
weeting is being scheduled for 12 Octeber to review eH recoa- 


SEGHET 
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| m Heasra. Kirkpetrick, 
Inspector General's office visttes 
except Mr. Kirkpatrick yvielted Lockheed % 


! Js cote anne. ite, Garrison and Jim Cumingen viaiter [| 


3 Gctober and plan te visit Lockheed § Getober, 

a a P . 25X1A 

tin/e toe koeee or Developueat Brauch mesting echeduled with the 
a. Mecant P & ¥ engine running time accumiation end problens. 
be Description of J<75/19i and perforaance. 

25X1A ee Status of key UBAF persomel[” 

| ds DPD epecial projects orgent i philosoghy 

operation in suyport of Gidar iia 


25x1A oat 
| 3. Decisions Required 
& Perkin-Elmer requires « decision regarding the delivery 


| date of Camara Ho. 2. If P-E is permitted to slip the 
) 1 deli ef 
Comers Ho. @ from June to August, significant veight reductions ean 


hb, Should the first two X engines eventusliy be erred. 

. | tiraned' : 
Fe indine development program or be converted into Y enjinest 
P is prepering & cost proposal covering the utilization of tyo 


ACRE alse 
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